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_ f1el4 evaluation tests conducted in August 1957 on the engineering model of — 


os Badlose 
» S8@Qlf-explanatory. 


Under paragraph (a) of subject document, the additional funds requested 


in ‘your letter of 23 October 1957 have been provided. The providing of these —_~“_ . 


additional funds bas been necessitated due to the fac’ 


ee REALE: 


t, ip essence, that the 


the equipment vere unsuccessful due to the circuit malffinctions, spurious 
responses in the receiver and instability of the circuits employed in the 
Base Station equipment 3 therefore, it is now necessary that the circuit be 
redesigned and repackaged and new field tests be conducted, thereby resulting * 
in an increase in cost of the program. In regard tc this increase in cost, 7 


it 1s deemed necessary to point out to the Contractor that it ig the considered 


opinion of the Contracting Officer that the Contractor is not without fault. 


Based upon an evaluation of the program by technical representatives of 
the Contracting Officer, {t appears that tue Contractor proceeded with field © 
tests without adequately teating tue equipment in the laboratory and further, 
the Contractor did not follow the usuai practice cf developing and testing 
‘successfully one prototype model before fabricating the remaining prototypes 
but, on the contrary, proceeded te develc) all five required prototvres con- 
current) 2 : 
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25X14 FROM: 


With reference to RD-72, as you will see 
from the routing slip, I have approved this 
after discussion with He talked 
on the telephone with nd the latter 
requested that a copy of this letter be for- 
warded to him. Will you please see that Mr. 
25X1A [BBM gets a copy after you have signed the 
euler. 


25X1A 
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